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Message Text 

CONFIDENTIAL 

PAGE 01 BAMAKO 01079 081530Z 
ACTION OC-06 

INFO OCT-01 AF-10 ISO-OO CCO-OO OCL-OO FBO-02 A-01 
SY-05 /025 W 

017682 090336Z/66 

R 080953Z MAR 78 
FM AMEMBASSY BAMAKO 
TO SECSTATE WASHDC 8794 
INFO AMEMBASSY ABIDJAN 
AMEMBASSY ACCRA 
AMEMBASSY DAKAR 
AMEMBASSY MONROVIA 

CONFIDENTIAL BAMAKO 1079 

STATE FOR A/OC, A/FBO, A/SY/FO 

ABIDJAN FOR RSO ACCRA FOR RCO; DAKAR FOR FBO LEAVENWORTH 

MONROVIA FOR ATO 

E.O. 11652: GDS 

TAGS: AFAC, ASEC, ABLD 

SUB J : DISINTEGRATOR INSTALLATION AND RELATED ROOF WORK 

1 . AMEMBASSY BAMAKO HAS FOLLOWING PROJECTS PLANNED OR NEEDED 
WHICH AFFECT THE CHANCERY ROOF AND THE CCC: (A) REMOVAL OF 
TWO INCINERATORS FROM THE CCC; (B) INSTALLATION OF DISINTE- 
GRATOR IN CCC (REPLACEMENT FOR INCINERATORS); (C) REINSTALL- 
ATION OF INCINERATORS IN VACANT ROOM ON THIRD FLOOR OF CHANCERY 
BUT OUTSIDE OF CCC; CD) INSTALLATION OF NEW AIR CONDITIONING 
SYSTEM FOR SHIELDED ENCLOSURE; (E) CONSTRUCTION OF ROOF PARAPET 
ABOVE CCC; (F) REPLACEMENT OF UNSAFE RICKETY PULL DOWN WOOD 
LADDER THAT LEADS TO ROOF; AND (G) REROOFING OF CHANCERY 
BEFORE RAINY SEASON. 

2. PROJECT A ABOVE HAS BEEN THE SUBJECT OF CONSIDERABLE 
CONFIDENTIAL 

CONFIDENTIAL 

PAGE 02 BAMAKO 01079 081530Z 

COMMUNICATIONS WITH THE MOST RECENT BEING NAIROBI'S 3239 FROM 
COMSPEC. RAPIER. BASED ON PREVIOUS COMMUNICATIONS THE EMBASSY 
WILL REMOVE ONE INCINERATOR AS OUTLINED IN BAMAKO'S 0658 AND 
INSTALL IT IN VACANT THIRD FLOOR ROOM. EMBASSY WORK CREWS 
WILL TRY PERFORM INSTALLATION WORK DESPITE RESERVATIONS 
EXPRESSED IN 77 BAMAKO 4090. REMOVAL PLANNED FOR SATURDAY. 

MARCH 11. 
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3. EMBASSY UNDERSTANDS THAT ATO TECHNICIANS PLAN INSTALL 
DISINTEGRATOR (PROJECT E) IN CCC EARLY APRIL. FOLLOWING THIS 
INSTALLATION WE WILL REMOVE SECOND INCINERATOR AND INSTALL IT 
WITH FIRST. 

4. 77 STATE 287260 APPROVED THE REPLACEMENT OF THE EXISTING 
CCC A/C SYSTEM WITH AN EDWARDS UNIT (PROJECT D). ACCORDING 
TO STATE 041 106, THE UNIT IS AWAITING SHIPMENT TO BAMAKO AND 
THEREFORE WE ESTIMATE THAT WE WILL NOT RECEIVE THE A/C UNTIL 
THIS SUMMER. DRAWINGS AND SPECIFICATIONS HAVE BEEN RECEIVED. 

5. PROJECTS E, F AND G ARE MINOR IMPROVEMENTS WHICH WILL BE 
REQUESTED BY SEPARATE CABLE AFTER WE OBTAIN FINAL BIDS FROM 
THE ONE RELIABLE ROOFING CONTRACTOR IN BAMAKO. WE INCLUDED 
NEEDED ROOFING IMPROVEMENTS IN THIS CABLE TO ADVISE DEPARTMENT 
AND ADDRESSEE POSTS OF NEED TO COORDINATE CCC MODIFICATIONS SO 


THAT ROOF PENETRATIONS CAN BE COMPLETED BEFORE ROOF WORK 
BEGINS. 

BYRNE 


CONFIDENTIAL 


NNN 
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